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Message Text 


LIMITED OFFICIAL USE MANILA 07537 

TOKYO FOR TSO 

HONG KONG FOR RTC 

TAIPEI FOR RSO 

WASH FOR SY/OPS/T 

E.O. 11652: N/A 
TAGS: ASEC 

SUBJECT: RENOVATION PROJECT, TAIPEI 

REF: (A) MANILA 07187 (NOTAL), (B) TOKYO 08036 (NOTAL) 

1 . MANILA REFTEL REQUESTED ASSISTANCE OF CEC RINESMITH 
DURING SUBJECT PROJECT WHICH WAS TENTATIVELY SCHEDULED 
FOR JUNE 1978. TOKYO REFTEL REPORTED THAT CEC RINESMITH, 
BECAUSE OF PRECOMMITMENTS, WOULD BE UNAVAILABLE UNTIL 
LATE JULY. 

2. IN VIEW OF THIS, THE PROJECT WILL BE RESCHEDULED 
TO 14 (FOURTEEN) THROUGH 28 (TWENTY EIGHT) JULY. AREA 
SEABEE SUPPORT REQUESTED: BUC GROSS TO ASSIST 14-20 
LIMITED OFFICIAL USE 

LIMITED OFFICIAL USE 

PAGE 02 MANILA 07537 090929Z 

JULY, TO BE RELIEVED BY CEC RINESMITH 19-28 JULY. THIS 
SCHEDULE HAS BEEN DISCUSSED WITH OIC/RTC (WHO IS 
PRESENTLY HERE IN MANILA) AND HAS HIS CONCURRENCE. 

3. FOR TOKYO, HONG KONG, AND TAIPEI: PLEASE ADVISE 
SUITABILITY OF PARA TWO SCHEDULE. TOUSSAINT 
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Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Expiration: 

Film Number: D7801 96-0036 
Format: TEL 
From: MANILA 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1978/newtext/t19780579/aaaacphx.tel 

Line Count: 61 
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